To:  Murray,  BillfMurray. Bill@epa.gov] 

From:  DalSoglio,  Julie 

Sent:  Thur  8/13/2015  10:51 :46  PM 

Subject:  FW:  Progress  Report  for  the  Bullion  Mine's  Removal  Action. 

Bullion  Mine  Progress  Report  08071 5. docx 


From:  Edwards,  Kristine 

Sent:  Tuesday,  August  11,  2015  3:07 

To:  Hestmark ,Ma rti n 

Cc: [ CB|lx,4 jDalSoglio,  Julie 

Subject:  FW:  Progress  Report  for  the 


PM 


Bullion  Mine's  Removal  Action. 


Martin,  my  info  on  the  pond’s  size  is  from  Due’s  contractor’s  progress  report 


Kristine  Edwards 
Remedial  Project  Manager 
Region  8 Montana  Office 
10  West  15th  Street,  Suite  3200 
Helena,  MT  59626 


406-457-5021 


CBI/Ex.  4 


From:  Nguyen,  Due 

Sent:  Monday,  August  10,  2015  6:56  AM 

To:  Edwards,  Kristine;  I ORI/Fv  d 

Sloan,  Richard  [ OPI/CLA.  *t 

Subject:  RE:  Progress  Report  for  the  Bullion  Mine's  Removal  Action. 


Thornborrow,  Sonny -FS; 


1783224 


ED  000552B  00058131-00001 


Good  morning  Al 


Please  find  the  attached  progress  report  for  the  removal  activities  conducted  at  the  Bullion  Mine. 
As  of  to  date,  we  have  treated  more  than  1 million  gallons  of  AMD  water  and  are  on  schedule  to 
prepare  for  open  up  the  collapsed  adit  portal,  which  is  tentatively  scheduled  on  August  17, 

2015.  It  could  take  a week  or  two  to  shore  up  the  area  and  remove  trees  and  overburden  prior 
to  open  up  the  adit. 


Overall,  we  are  on  the  right  track  and  will  install  all  of  preventative  measures/best  management 
practices  to  prevent  a similar  incident. 


Thanks. 


Due  Nguyen 

Federal  On-Scene  Coordinator  (FOSC) 
Emergency  Response  Unit 

US  EPA  - Region  8 

1595  Wynkoop  St.  (8EPR-SA) 

Denver,  CO  80202-1129 

(303)  312-6509  (w) 

(303)  886-1636  (c) 

E-mail:  nguyen.duc@epa.gov 


1783224 


ED  000552B  00058131-00002 


From:  Edwards,  Kristine 

Sent:.  Friday,,. August  .07,  .2015.8j58.AM 

To:  [ CBi/Ex.  4 ] Nguyen,  Due 

Cc:  Thornborrow,  Sonny  -FS;  Sloan,  Richard 
Subject:  Animas  river  and  mine  blowout 


If  you  google  search  Animas  River,  there  are  several  stories  about  a mine  blowout  that  released  a 
million  gallons  of  contaminated  water  to  the  Animas  River,  along  with  pictures.  I’m  so  thankful 
that  we  were  able  to  get  the  project  at  the  Bullion  funded,  and  thereby  avoid  a similar  disaster 
there.  I was  up  at  the  site  yesterday  and  Due  believes  that  the  week  after  next,  they  should  be 
able  to  begin  work  on  removing  the  debris  plug.  Sludges  will  be  removed  to  the  extent  possible 
prior  to  that  and  hauled  to  Luttrell.  A channel  will  be  installed  to  direct  any  remaining  sludge 
flows  to  the  treatment  pond  once  the  portal  is  opened  up. 


Have  a great  weekend! 

Kristine  Edwards 
Remedial  Project  Manager 
Region  8 Montana  Office 
10  West  15th  Street,  Suite  3200 
Helena,  MT  59626 
406-457-5021 


1783224 
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